}\ 
To the Honourable > 


The KNIGHTS, CITIZENS, and BUR GESSES. 
In this Preſent 


PARLIAMEN T 


The Humble PETITION of very many Artiſans and others concerned in the Pub- 
lick Works of St. Pauls, and the Parochial Churches of L o x v o x: 


Humbly Sheweth, 


HAT there is due to your Petitioners the Sum of Three and Twenty Thouſand Pounds, and up- 
| wards, for Work done upon Credit of the A& of Parliament towards building of the ſaid Churches, 


allowing Eighteen Pence the Chaldron for the Expence of the ſaid Buildings. 
And whereas Six Pence the Chaldron, as we are informed, is propounded to be deducted, and ta- 


ken off from the ſaid Fond, for Payment of the OxypKyans of the City of Loxpox, no part of whoſe Deb 
have your Petitioners contracted : 


Therefore your Petitioners humbly implore the Juſtice of this Flonourable Houſe, That your Honours would compaſſionate 
the Wives and Children of poor Artiſans and Labourers in the firſt place, and that the ſaid Debt may be paid be- 
fore the Commencement of this Abatement ; the ſaid Debt of your Petitioners being contrafted on the Credit of the 
ſaid AF; which if diverted by this new Propoſal, would be the ruine of Your Petitioners and their Families, their 
Debts in ſuch caſe being to remain unpaid for 4 long time, 

And your Petitioners ſhall ever Pray, &c. 


m 
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An Account of all Debts for the rebulding of St. P AU L 'S Cathedral, to the laſt day 
of June, Anno 168 g. 


2 LY SS K 
Des ts ſtated as appears upon the Books —_— i cx 
Due to Maſons by Eſtimarte, as appears by their Accounts not yet ſtated — 6332 oo og 
Due for Oak "Timber bought upon Contract 0678 12 047 16466 07 oO1 
| Due for Portland Stone, provided upon Contraſt —— | 0637 00 oo 4s 


Due Upon Bond, for Money borrowed nn n———_— 2759 o©0 oo” 
| Arteſted by 


Lawrence Spencer, Clerk of the Works. 


— 


An Account of the D & s r s due to ſeveral Workmen -upon the five laſt 
Parochial Churches, to the laſt of June, 1 6 8 9. Viz. 


To the Works' of the five laſt Churches, upon Bills ſtated and entred —— a : > - 

More upon Meaſurements not yet examined and ſtated — —— 95l5 04 10>07127 oo © 

More by Eſtimate, for Works now in hand and contra&ted for __.__..-. 3900 oo oo ? , 

Beſides Plumbers, Plaiſterers and Smiths Work, neceſſary to perfect four 
Churches for uſe” | : £ METS | 

And to finiſh thirteen "Towers remaining, eight of which are not yet Total . 2 3603 oz 05 


-7 


high enough for Bells | 


© Atteſted by 


TohnS carborowe, Clerk of the Works. 


'S_ 1348S 


